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OaC 422# 


5 DEC 1962 


MEMDRAHDyH 

subjects 


Assistant Director* 
Water Soluble Hap# 


l. Ibis memorandum contain# rawosendat Ion# for t he 
approval of the Assistant Director, OS a. Such rceaonendatioo# 
are cont#ined In paragraph 5. 


2, thl# #tatu# report relate# to the development progras# 
of the water soluble tup program. 


a. Hie initial teat production at ACIC hat been 
slated and sample# of the JH-47 have be en provided 

field activities et Edward# Air Force Base , _ r . 

Since lockheed ha# not completed the aircraft inateuaclon 
to receive the## water soluble we# preeent field 
test# will be reetricted to handling quaiitie# and 
format only. It ic estimated thee the loSheed *?*t*°* 
«^U be installed in both type aircraft no earlier than 
1 February l%3. 

b* It is planned to proceed irith ACIC production 
of 33 JN chart# and # G8C chart# which cover the 
Eurasian land me#*. The following planning factor# 
have bean provided in connection with thl# productions 

(1) Initial production can eosewmee 
15 January 19#3. 

(2) Total production time #i*ty days. 


<3) Production cost 


3. Frecuremat action ha# baan initiated to purchase 
l#, 000 aheet# of paper to be delivered approximately 
15 January 1963 - ca*£^ 


4. Due to the long lead time of ACIC chart production 
it #e«s# site to proceed with that phase of thl# progiam 
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even though field functional teat# have sot beep performed. 
Continued aapmaia will be placed upon the Lockheed proposal 
and. production of the map caee and aeeoclated water eyefce®. 

5, It 1* reeoaemsided that the following taeke to ba 
accomplished be approved} 

a. Complete procurement action on the special 
paper (OSA/md). 


b. Attend AfCIM scheduling meeting 10 December mi 
to aeeure ACIC production (OS A/ 00 t oSivlBlili ed AFCI6-5) i 

c. Approve expenditure of fund# for thi# program 

(AD/OS A). 

d. Encourage Lockheed to expedite system inetalla- 
tion in U-2 and A-12 (SU/OSA). 


SIGNED 



25X1 


Chief* Operation# 0ivi#ion* OSa 


25X1 
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SIGNEi 


5 DEC 1962 


jack c. immm 

Colonel DEAF 
Assistant Director 
(Special Aetivitief > 
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